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1 1 AUG 1978 


MEMORANDUM FOR: Director of Logistics 

VIA: Chief, Real Estate and 'Construction 

Division, OL > ... . 

ATINTL 

Chief, Headquarters Engineering Branch, 
RECD/OL 


SUBJECT: Project SAFE Site Preparation 

REFERENCE: Memo dtd 29 Jun 78 to D/L fia C/HEB/RICD/OL, 

same subject 


1. Approval for Project SAFE up to $900,000 was 
obtained on the referenced memorandum. The Office of 
Data Processing (QDP) has increased the total amount of 
available FY 1978 funds to $1,027,000 and requested that 
this amount be obligated in FY 1978. 

2. It is recommended that tnese additional funds 

be approved for obligation this fiscal year. All other 
provisions of the referenced memorandum remain unchanged. 
That memorandum is attached for your convenience as is 
Work Order No. 7&*2468 and a copy of the routing slip 
which bears the concurrences of Chief, Special Projects 
Staff, OOP and the Director of Data Processing. 


STATINTL 


Atts 


.W K> MdDwW^ 4 ® 

APPROVED: 

Ux rector of Logistics 


DISAPPROVED: 

Director of Logistics 
DATE: j 1 W ^ 
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STATINTL 
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Distribution: 

Grig. - Return to HLB/RBCD/OL 
1 - BlfFB/GL, w/atts 

Distribution Withheld: 

1 - D/L Chrono, w/atts 
1 - OL/RECD/HEB Official, w/atts 
^1"^ OL/REGD, w/atts 
1 - OL Files, w/o atts 

OL/RECD/HEB/^^^H: jms/7S43 ! (11 Aug 73) 
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2 0 JUN 1978 


STATINTL 


MEMORANDUM FOR: Director of Logistics 

YXA: Deputy Chief, Real Estate and Construction 

Division, OL 

Chief, Headquarters Engineering Branch, 
RECD/OL 

SUBJECT: Project SAFE Site Preparation 


1. Action Requested: The objective of this memorandum 
is to obtain approval for transmittal to the General Services 
Administration (GSA) available FY 1978 SAFE facility funds 
with subsequent year funding of the balance of the final re- 
quirement . 

2. Background: Project SAFE has been in planning for 
several years? TEe site has been identified, the design has 
been initiated, the budget cycle has produced the initial 
increments of funds, necessary utility enhancements have been 
designed and set in motion, and several significant equipment 
procurements are in process. Attachment A is a 28 March 19/8 
memorandum for Chief, Special Projects Staff, Office of Data 
Processing (ODP) , Subject: SAFE Site Preparation. This paper 
is an updated review of site preparation costs and shows what 
has been spent prior to FY 1978 and make projections through 

FY 1980. It should be noted that the FY 1978 2500 kW generator 
procurement has been previously approved and already initiated. 

The project has been in a state of change and some of 
the long term planning and funding has been subjected to 
modification and redirection. It is understood that $900,000 
is currently available from FY 1978 SAFE monies, and it is 
the desire of ODP to transfer this amount to GSA to offset 
ultimate site preparation requirements which are certain to 
exceed this amount (Note: Site preparation requirements of 
$775,400 and $1,250,000 in FY 1978 and FY 1979 respectively 
also in attachment A). With concurrence of the Office of 
General Counsel, GSA has been assured by a letter from the 
Director of Logistics to Mr, James F. Steele, Jr., Regional 
Commissioner, dated 25 August 1977, that Agency funds ap- 
propriated for Projects SAFE, ADSTAR, and C Vault Expansion 
are available for expenditure without regard to requirements 
of section 7 of the Public Buildings Act of 1959 as amended. 

A copy of this /letter is included as attachment B. 
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SUBJECT: Project SAFE Site Preparation 


Excerpts from the FY 1978 Agency budget submitted to 
Congress contain specific language related to Project SAFE 
and are included as attachment C. The distribution of funds 
available for Project SAFE for FY 1979 are not clear but in 
total amount are adequate to cover additional site preparation 
requirements as identified to date. 

Attachment D is a cover letter to Mr. Ken Jacobson and a 
reimbursable work authorization with incomplete scope of work 
language which has been utilized successfully to advance funds 
to GSA on similar occasions where design is not sufficiently 
advanced to derive fixed price costs acceptable to both GSA 
and this Agency. If approved, the available money will be 
advanced to GSA, and when the ultimate costs are apparent, 
an amended transaction utilizing funds current for that fis- 
cal year will then be prepared. 

3. Recommendation: Approval of the transmittal to GSA 
of available P Y T5 78 Project SAFE funds up to $900,000 with 
subsequent year funding of the balance of the final require- 
ment is recommended. 


STATINTL 


Atts 

APPROVED: 

DISAPPROVED: _ 

Director ~oT~Logistics 




DATE: 


Distribution: 

Orig. - Return to HEB/RECD/OL 
1 - B^FB/OL, w/atts 
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ODP-507-7 8 
SAF-E084-7 8 
28 March 1978 


qTATINTL 

i 

STATINTL 


MEMORANDUM FOR: Chief, Special Projects Staff/ODP 

Special Projects Staff/ODP 

^S^^S^^^S^Bordina tor/OL 
SUBJECT : SAFE Site Preparation 


REFERENCES 

STATINTL 


(a) Memo for the Record from Wayne 
^^H/OD/PPAC/CSPO , dtd 16 March 197 8 

subject - SAFE Facility Site Preparation 

(b) Memo for C/Real Estate and Construction 
Division (RECD)/OL from C/SPS/ODP, dtd 
15 February 1978, subject - Budgeting 

for and Preparing the SAFE Computer Facilit 


1. At the 6 March 1978 site preparation meeting held 
between the Special Projects Staff (SPS)/ODP and the Headquarter 
Engineering Branch (HEB)/OL you requested that representatives 
of the two organizations meet and jointly develop a detailed 
site preparation plan depicting costs, activities, and 
milestones. 

2. Per your request Messrs. ^^^B/SPS/ODP , and STATINTL 

STATINTL held a series of meetings to: 

a) Review on-going SAFE site preparation 
requirements ; 

b) Review previous construction estimates 
and assess what impact further delays, 

< such as postponed procurement and instal- 

1 lation of the 2500 KW emergency generator, 

! would have on site preparation costs; 


f 
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o 


o 


c) Develop and prepare a revised site 
nrpniration budget and construction 
plan consisting of 1) a summary of SAFE 
site preparation expenditures and con- 
struction estimates, 2) an itemization 
nf nroiected construction estimates, and 
3)* a SAFE site preparation and system 
installation major milestones chart. 

3. This memorandum presents revised construction 
. . , . , . for renovation of the CIA SAi i< 

estimates and miles pc -timates and milestones, recorded 
computer center. The e.tim prcdic ated on the following 

on attachments - A, B, ana c, are prcux 

conditions and assumptions; 

The SAFE site location, approved by the DDA 
on 25 March 1977, will not change. 

The SAFE June 1980 Beneficial Occupancy 
Date (BOD) will not be further delayed. 

Funds to procure the 2500 KW emergency 
generator will be released to GSA on or 
before 1 May 1978. If funds are not made 
available at this time purchase cos^* 

will immediately increase 4.5% and me 
further increases thereafter* 

The selected SAFE System hardware < architecture 
will not impact the on-going Architect- 
Engineer Scope of Work thus requiring 
subsequent major architectural revisions. 

The preliminary construction estimates 
submitted to HEB by the Architect-Engineer 
' on 6 February 1978 are reasonably accurate. 

o The projected site preparation milestones 
shown on attachment - C are reasonably 
correct. 

4. This is the first review of site preparation costs 
since 31 March 1977. The estimated cost to P rep ^ 
facility at that time approximated $3.5M versus todays 


P ~ 


~o 


o 


& 
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projected cost of $4.4M, a net increase of $0.9M. This 
cost increase is due to a twenty four month delay. The 
31 March 1977 projection was based on a July 1978 Beneficial 
Occupancy Date with a nominal construction start of 
January 1978. 


STATINTL 




* 


1 

I -3- 

t ty 
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EXPENDITURES AND CONSTRUCTION ESTIMATES 
{FY-77 through FY-80.) 

FY-1977 


SERVICES 


Architect - Engineer Contract for Site Preparation for Computer 
Center and UPS (un-interruptible Power Supply) System Facilities—- 


$ 108,000 


Site Preparation for 2500 KW Emergency Generator 


FY-1977 Sub-Total — $ 


570.000 

678.000 


FY-1978 


SERVICES 

Site Preparation for Computer and UPS System Facilities 


-$ 775,400 


EQUIPMENT 

2500KW Emergency Generator' 


474,600 


FY-1978 Sub-Total — $1,250,000 


FY-1979 


SERVICES 

Site Preparation for Computer and UPS System Facilities 

FY-1979 


$1,250,000 

$1,250,000 


UW ' T7 
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expenditures and construction ESTIMATES 

(FY-78 through FY-30) 


FY - 1980 


SERVICES _ 310,798 

Si« Preparation for Computer and OPS System Facilities 

'*■ Bldg ^edifications to Accommodate communications System 

equipment 

720,000 

UPS Svstern Hardware and Installation " ’ 

FY-1980 Sub-total $1,230,790 

Grand Total — - S 4 ^ 08 - 798 


4 
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ITEMIZATION OF 

PROJECTED CONSTRUCTION ESTIMATES 
FOR RENOVATION OF THE CIA SAFE 
COMPUTER CENTER 


Inflation to Contract Award-20% 


CONSTRUCTION 


ACTIVITY 

ESTIMATE 

Demolition and Cleanup 

78,164 

$ 

Masonry /Carpentry/Finishes 

Raised floor 

HVAC (Heat, Ventilation, and Air 

176,434 

231,240 

714 , 630 

Conditioning 

Sprinkler, Water Detection, and Hydrogen 

44,895 

Detection Systems 

Underfloor Halon Fire Protection System 

98,400 

Floor Drains 

22,755 

270,600 

Electrical Distribution 

Lighting and General Electrical 

63,714 

Fire Detection and Alarm Systems 

246,000 


$1,946,832* 

389,366 

$2*73 36 ,19 8"’ 


.construction estimate includes Labor, Labor Insurance, Materia 
Contractor Mark-up, Contractor Profit, and other Contingencies 


!.J 

1 
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PROJECT 
■ SAFE 


- NG1UE ? R 
DESIGN! CONTRACT 
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SAFE SITE PREPARATION AND SYSTEM INST ALL AT I OKI 
MAJOR Mil LE STONES 


Attachment c 


- 197-8 ■■ 


■ 1979- 


■ 1930- 


-1931 • 


• 1962- 


L933- 


SiOMDJ FM AM JJ AS, ON DJ FHAH J J ASiOKD JFM AM J j ASiOM Dj FKAHTT ASfOM DJ FM AM JJ ASiOM DJ FM AM JJ AS pH Dj rM 


-FY-7S- 


-FY-79- 


-FY- 60- 


-FY-B 1 - 


- Y~5 2 - 


-FY-83- 


-FY -84 


A+T 

SELECT? OH 


~3CT AMD RENOVATE. 2LDA 
ACCOMODATE PERSONNEL 
OCCUPY! MG SAFE SPACE 


SAFE SITE PREPARATION 

C VAULT EX PAHS ION 

2500 KW EMERGENCY QE ITERATOR 

Ui \ - INTERRUPTIBLE POWER 
SUPPLY (UPS) SYSTEM 

SAFE COMMUNICATIONS SYSTEM 

SAFE SYSTEM HARDWARE AND 
OPERATING SYSTEM SOFTWARE 

qv;rrv/ -s, .-r 


A— QrS 


Initial 

DESIGN 

REVIEW 

A A 


FINAL 

DESlGH 

REVIEW 

A 


QSA SURVEY, 

SELECT t OH, INTRA 

DE5SQN. and HQS 

. RENOVATION moves 

A A- A 

CONTRACTOR 

SELECTION AND BENEFICIAL OCCUPANCY' DATE 
^RENOVATION ^ (BOD) 

DKicflOMO CONTRACTOR SELECTION! 

REViEW /\ AND RENOVATION A 

3t,4UFACTORcR JMSTALLftTlOM AMO 

SELECTION A OPERATIONAL T£STS/\ 


AGENCY 

MANUFACTURER FABRICATION, 

Selection 


A A_ 


IN STALL AT 4 . 01.! 
AMO OPERATIONAL 
TESTS 




< 

L 


installation and operational tests 

A A 

PHASED INSTALLATION OF HVJ AND 05/SW 

A A A _ A_ 


JYSTEM TESTINQ MiO 
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2 F> AlJG i 977 


*lr. James F. Steele, Jr. 

Ko^ional Commissioner 
Regional Public Buildings Service 
General Services Administration 
Washington, D. c. 20407 

Attention: Mr . Jacobson 

»ear Mr. Steele: 

projects of "this ^Agency anTavai 1 \?i IS r Ppropriat ? d for certain 
regard to section 7 o f hhe rubl ic Bu?i r * oxpendj t ure without 
amended , has been riven r*r«F f Bu C infi ? Act o£ 19S9 > as 
counsel have reviewed ti cousldera tion. Agency legal 

funds have beJn anni4n^ l at^ r - UmSt ? nCeS Under which these® 
of the Act: and have c Wf i nnlfh 0 • “P 0 ” • t0 C C rc( J ui remen t s 
al committees acting on the Agency 'bSdget?" ^ conRrcssio ”- 

regard to tJw'sehiat tors d( yp rii iijntions and findings made in 

Agency that funds a^onr nod JrT lfy ° U bohalf of 
AQSTAR and '’-v-mit Ev,*/ 1 ' 1 “ f ° r t,lc P ro J e cts known as SAPP 

without Torard io Jciu aV8i l oblc for expenditure " 

buildings Act „f ll r 1 “ “*i Se f“°" 7 oE tho Public 
exempted projects win 1, ,.' 1‘ As you aro aware, these 

power svsteK J ^ ;rov™i„ts iLct?,™? 0 , -* ita P^rsUon, 
backup power seneratin" .s^stras C00llng revisions, and 


UVAP Si 00 ” 1 ' 5 ? r th ° S0UrCe 3ad 

HVAC Phase II project and 
project have not yol. 


availability of funds for the 
the Waste Enor r ’ 


, j- . - v-jy Recovery System 

reflardinp the stntu, orthfsr;^^?r« n J d ;^ r W j“ 0 " SP °' ,J 


Sincerely , 



D i s t: r i but ion : 
Orig. - Adse 


\Js/ James li. McDonald 
J.imes H. McDonald 
Director of Logistics 


- "Uim'Ai Official 
I ~ Oi,/Rj-(;i) Ofrorju 
1 “ h/l, Oh rono 




Dl./RhCD/niRj 

' iRetease 2001/04/05 : CIA-RDP86-01019R000200050055-9 

slJ / 8 i ] j ( 1 () Aug 77) 



STATINTL OL 
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Information Retrieval 
Operations Area 

Information Services Staff 
Intelllgci i CO D i r cct orat c 
DD/ Intelligence 
Office of Central Reference 
Office of Geographic and Cartographic Research 

■•*.!** Total — Information Retrieval 



productive, jiiclgniental^w/viTJ Initial planning anti developmental work was Intelligence Area— an increase of $6,222, as o ov\s. — 

Completed oiT~an integrated system to support intelligence production analysts, — ^ 

rhis system. Support for the Analyst's File Environment (Project SAFE), is a ■ ' Space renovations \+5 

oint effort of the Office of Data Processing and the Intelligence Directorate, ' i ^ of aDP i iar dwarc to be used by Project SAFE (+S1.JJ 

a* Rich will be the primary user. SAFE is being designed to automate the filing, urc asc ' . . , , scas anc j f or the Project 

:ollation, retrieval, and routing of new and existing information for the General equipment for the new positions ove, 

intelligence analyst through the display of this information on computer SAFE (+SU0Q0). 

terminals. The System is being fully coordinated with the Defense Intelligence , development (+S 1,800). 

Agency to ensure maximum commonality with the latter s development of its Project 5: 50 

Advanced Defense Intelligence Support System (ADISS), and to minimize miscellaneous contracts (—$100). 

development and procurement costs of both systems. 


Funds arc also required for nonrecurring reimbursements to GSA for major 
I renovation and new construction projects which are payable on a one-time 
' basis. Generally, these projects are necessary to provide high-quality, reliable 
! • redundant utilities support to critical Agency facilities such as computer ami 
operations centers, and for major facility construction in support of new 
I programs such as Project SAFE. 
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STATINTL 


CENTRAL INTELLIGENCE AGENCY 

WASHINGTON, D.C. 20303 


Mr. Kenneth A. Jacobson, Director 
Repair and Alteration Division 
Regional Public Buildings Service 
General Services Administration 
Washington, D. C. 20407 

Dear Mr. Jacobson: 

This letter is in regardtoconstructionfunding of work 
presently being designed by the 

General Services Administration (GSA) Project GS-03B-79023 . 

By letter dated 25 August 1977 to Mr, James F. Steele, Jr., 
Mr. James McDonald, Director of Logistics, Central Intelligence 
Agency has assured GSA that Agency funds appropriated for this 
project are available for expenditure without regard to require- 
ments of section 7 of the Public Buildings Act of 1959 as 
amended. 

Attached hereto is an advanced copy of a Reimbursable Work 
Authorization Form 2957 which transfers construction funding in 
the amount of $900,000 in fiscal year 1978. It is recognized 
that this amount may not be sufficient to cover the total project 
cost, and it is also recognized that planning and design may still 
be in such a stage that a total fixed price estimate is as yet 
unavailable. It is anticipated that the correct total amount 
required should be known in a time frame to supplement the amount 
forwarded under this action with additional dollars coming in 
the FY 1979 appropriation for this same project. + 

It is necessary to obligate these funds this year with 
the understanding that the additional funds as required will 
be made available in FY 1979 as described above. 

Sincerely, 


^ STATINTL 

Chief 

Real Estate and Construction Division, OL 


Att 


t. 
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— SECTION I - ORDERING AGENCY REQUEST 

t. SEND BILL TO (Complete address, including ZIP code) ~~ H 


CENTRAL INTELLIGENCE AGENCY 
OFFICE OF FINANCE 

WAkIvi no n n incnc 


3. AGENCY CON i ACT (Name and complete address, including ZIP code) 


statinYl 


1J45, Headquarters 
McLean, Virginia 

100% Cl 

Authorized Requestor: 


STATINTL 


2. _ REQUEST WORK 

I- START PATE fc. COMPLETION DATE 

Month | /toy j Year ~ Month I 7 v7TT'?tT“|pT 


AGENCY IDENTIFICATION NUMBER 



8 WORK AUTHORIZATION NO. 9. OPEN END AMOUNT 
(TftKuis a revision). fT() 


to. AGENCY CONTACT'S 
TELEPHONE NO. 

— -351=5 2£5„ 

13. WORK LOCATION 


11- AGENCY/BUREAU NAME 

— CLNIML INTI 


1 12. DATE OF THIS REQUEST 

29 June 1978 

' ■* ut3L kik i iun {If additional space is required, use plain sheet (s) of paper] ' T u Ton 

! C f- r\ /In (iQ^ r\ Ann j /-> n a jc j- • « ■ . . *■ “IS aCLlOll 


{lf aaautonai space is required, use plain shcctfs ) of paper j T] . 

Central Intelligence Agency * s to provide $900,000 to GSA for facility work to support 
Route 123 Project SAFE. The scope of work is incomplete at this tiro 

McLean, Virginia 20505 ^t as design proceeds preliminary estimates show that the 
7 reu ui rpinnnt- tjT 1 I ovr'nnT HUo ITL* L. i _ . , .. „ 


Headquarters Building 


15. ~ 


FUNC- 

ESTIMATED 

TION 

FORCE 

CODE 

ACCOUNT 

WORK-HOURS 

(a) 

(b) 


LABOR 

AMOUNT 

(d) 


7 — . t , prtxtiiixuai . y esuimaies snow tna t the 

requirement will exceed this amount. The balance will bp 
made available either by an amendment to this work author! - 
zation using FY 78 dollars or by a separate one using FY 79 
dollars if required when the final scope is ascer- check if 
tained. p!ans H , — 

’* 1 " * 1 attached { , 

SECTION II » ES TIMATE “ — 

PRICE QUOTATION ~ 

ESTIMATED COSTS ~~ ’ | 1 — r-rr. — 


MATERIALS 
1 AMOUNT 


OTHER 
AMOUNT 
1 (h) 


TOTAL 

AMOUNT 

AC 

I ION 

ESTIMATED 

TO BE 

TYPE 

COST 

billed 

IN 

PUT 

(0 1 

0) 

coot 

tk) 



3TAL 


ACTION TYPE 


□ «"> □ CHANGE □ DELETE 

ORGANIZATION CODE 1 18. WORK 



D function rr COMPLETION JCL TERMINATION □ Acggpfl D AC K □ 

7^horizatio77]>9. budget o aET-T^ BUILDING number 


CHARGEBACK 

RERILL 


PROJECT NUMBER 


23. AGENCY | 24. REQUESTED WORK/SERVICE DATF^ + 

BUREAU CODEl ■ ■ — 25. BOAC CODE 

START DATE COMP LETION DUE DATE 

"'M P^r 'Jfdnth | Year H!::::':! V~~T T 1 T‘ 


DESCRIBE PROJECT NATURE (Not more than 25 


25 characters) 




3. WORK PER- B. TYPE NAME AND TITLE OF AUTHORIZING OFFICIAL 
FORMANC E 
AUTHORI- 
ZATION i 


27. TWENTY-FIVE PERCENT (25%) LIMITATION 

$ 


■. CONCUR- 
RENCE 


j • TYPED NAME AND TITLE OF CONCURRING OFFICIAL 


- — — SECTION III - ORDERING AGENCY CERTIFICATION 

"* * certify that this constitutes a valid oblioation * S,GNATUR E of ordering agency official 
above** 0rdCr f °* GSA t0 perftmn work described 


NAME AND TITLE OF PBS OFFICIAL 


SECTION IV - WORK COMPLETION CERTIFICATION 
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SECTION I - ORDERING AGENCY REQUEST 


1. SEND BILL TO (Complete address, including ZIP code) 

CENTRAL INTELLIGENCE AGENCY 
Office of Finance 
Washington, D. C. 20505 

3. AGENCY CONTACT (Name and complete address, including ZIP code) 


REQUEST WORK 


STATINTL 


1J45 Headquarters 
McLean, Virginia 


100% Cl 

Authorized Requestor- 


STATINTL 


10. AGENCY CONTACT'S 11 

TELEPHONE NO. 


13. WORK LOCATION 

Central Intelli 
Route 123 
McLean, Virgin! 



Headquarters Building 


AGENCY/BUREAU NAME 12, DATE OF THIS REQUEST 

CENTRAL INTELLIGENCE AGENCY __ _ 3 August 7 8 

1 4. WORK DESCRIPTION (If additional space is required , use plain skeet(s) of paper ) 

gence Agency This work authorization transmits $1,027,000 for 
renovation of approximately 23,000 sq. ft. of spa-. 
a and construction of the Norths ide Computer Center 

and its related facilities support requirements 
ilding therein. Previous Work Authorization No. 77-0856 


(continued on separate sheet) 


Check if * 

plans I | 

attached \ J 


FUNC- ESTIMATED 

tion force 

CODE ACCOUNT . 

WORK-HOURS °' c 


LABOR 

AMOUNT 

(d) 


SECTION II - ESTIMATE 


PRICE QUOTATION 

ESTIMATED COSTS 

" MATERIALS “ OTHER 

AMOUNT O/C AMOUNT 

(f) (g) (h) 


TOTAL 

ESTIMATED 

COST 



TOTAL 


16. ACTION TYPE 


□ ADD Q CHANGE Q DELETE Q Q COMPLETION Q TERMINATION \J □ Sf®*™ 

17. ORGANIZATION COOE |l8. WORK AUTHORIZATION NO.|' 9 ' |uMET^ | 20 BUILDING NUMBER flT PROJECT NUMBER 


LEASE CONTRACT NUMBER 


23. AGENCY I 24. REQUESTED WORK/SERVICE DATES 

BUREAU CODE 




27. TWENTY-FIVE PERCENT (25%) LIMITATION 


28. WORK PER- 8 TYPE NAME AND TITLE OF AUTHORIZING OFFICIAL 
FORMANCE 
AUTHORI- 
ZATION 


29. CONCUR- 
RENCE 


a. TYPED NAME AND TITLE OF CONCURRING OFFICIAL 



___ SECTION III - ORDERING AGENCY CERTIFICATION 

30 I certify that this constitutes a valid obligation I signature of ordering agency official 
and an order for GSA to perform the work described I 
above. | 


31, NAME AND TITLE OF PBS OFFICIAL 


SECTION IV - WORK COMPLETION CERTIFICATION 


SIGNATURE 
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'ICES ADMINISTRATION 


I - Agency Copy 


GSA FORM 2957 (rev. 9-77) 
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WORK DESCRIPTION (continued) 


dated 30 December 1976 ? transmitted $108,200 for GSA A-E 
design services for this computer project. As authorization 
for this proposed two-phased design and two-phase construction 
computer center project is not considered a complete scope of 
work, the total negotiated amount of funds required by GSA for 
a firm, fixed-price project cost will be adjusted by the Agency 
through a supplementary amendment to this work authorization 
as necessary following on-going A-E planning and scope deter- 
minations. 
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□ UN CLASSIFIED □ jjg’jfcy □ COKF I DENTTA L U SECRET 

ROUTING AND RECORD SHEET 

SUBJECT; (Optional) 
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